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BILL NO. S-73-01 ~7f 


SPECIAL ORDINANCE NO. S- O'/ "73 

AN ORDINANCE approving Agreement with 
NOBIS-WESTROPP CONST. CO. for installation 
of a sanitary sewer in the area of Lower 
Huntington and Winchester Roads. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF 
FORT WAYNE, INDIANA: 

SECTION 1. The Sewer Agreement approved December 13, 

1972, between NOBIS-WESTROPP CONST. CO., as developer, and the 

CITY OF FORT WAYNE, by and through its Mayor and Board of Public 

Works, for the construction of a sanitary sewer to serve the 

area of Lower Huntington and Winchester Roads, as follows: 

Commencing at an existing structure on the St. Mary's 
Interceptor, Resolution No. 214, 390+ feet Northwest 
of the Stellhorn Bridge on the West side of the St. 

Mary's River and 650+ feet East of Winchester Road; 
thence, Southeasterly 12+ feet to a proposed manhole; 
thence. Westerly 301+ feet; thence, Southwesterly 450+ 
feet to a proposed manhole, 7+ feet West of the West 
right-of-way of Winchester Road and 560+ feet North 
of the Lower Huntington Road; thence, Northwesterly 
a distance of 101+ feet; thence. Southwesterly 540+ 
feet to a proposed Manhole No. 6, 32+ feet South of 
the centerline of Lower Huntington Road and 338+ feet 
West of the Northwest corner of Lot No. 7 in Boggs 
Orchard Terrace Addition; thence. Westerly in and along 
a proposed easement parallel to Lower Huntington Road a 
distance of 349+ feet, terminating at a proposed manhole 
32+ feet South of the centerline of said road. 

Lateral A : 

Commencing at the above mentioned proposed Manhole No. 

6; thence. Southeasterly in and along a proposed ease- 
ment 339+_ feet to a point on Lot No. 7 of the above 
mentioned addition 7+ feet East of the West property 
line; thence. Southwesterly in and along a proposed 
easement and parallel with the West property line of 
Lot No. 7a dis tance of 196+ feet to a point on the 
South line of Lot No. 8 7+ feet East of the West property 
line; thence, Southeasterly 460+ feet along the South 
property line of Lot No. 8, terminating in Kinnerk Road 
5+ feet West of the West property line of Lot No. 8, 
terminating in Kinnerk Road 5+ feet West of the West 
property line of Lot No. 33 in Allison's Suburban Addition. 

Lateral B : 

Commencing at a proposed manhole 7+ feet West of the West 
right-of-way of Winchester Road and 560+ feet North of the 
intersection of Lower Huntington Road; thence. Southeasterly 
in and along a proposed easement a distance of 355+ feet, 
terminating at a proposed manhole 7+ feet West of the West 
right-of-way of Winchester Road. 

Said sewers to be 8 and 12 inches in diameter. 
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total cost of said sewer to be paid by Developer, all as more 
icularly set forth in said Sewer Agreement, which is on file 


n the office of the Board of Public Works, and is by reference 
ncorporated herein and made a part hereof, is hereby in all things 
atified, confirmed and approved. 

SECTION 2. That the developer, and any owner or owners 
f land, their successors in title and assigns, which is now or 
ay hereafter be located outside the corporate limits of the City 
f Fort Wayne, Indiana, who taps into the sewer main covered in 
aid Agreement, or any extension thereof, shall be deemed to thereby 
aive his, her, their or its right to remonstrate against or other- 
ise object to, interfere with, or oppose any pending or future 
nnexation by said City of Fort Wayne, Indiana, of such land or 
erritory in which said land is located. 

SECTION 3. This Ordinance shall be in full force and 
ffect from and after its passage and approval by the Mayor. 


V / 



Councilman 




[ 2 ] 


_, seconded by- 


Read the first time in full and on motion by 

and duly adopted, read the second time by title and referred 
to the Committee on - ( .and-t o tli g -Qity 

PIa3l~0omffiigga^a--£os-re cQmme . n . d a± don) — an d BaMle -Hearing to be held after due lega l 

-^etiee-y— a t...th e -. Goii , nnn l .-.ChaTnberSy-jC Aty - Co-an^y Building, For t Waya e, Indiana, — o n 


-the- 


*day“~CTf~ 


197_ 


at 


oisl©4ls-P^Mo ,ErS';T „ 

Date ; [ ^ 3 



CITY CLERK 

Read the third time in full and on motion by 

seconded by , and duly adopted, placed on its passage. 

Passed (ES0F) by the following vote; 


AYES 


BURNS 

HINGA 



NAYS 


ABSTAINED 


ABSENT 



TALAR1G0 

Date; 



to-wit ; 


*3^3’ A3 



CITY CLERK 

Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, 
as (-Zoni ng Map) ■ (Ccnci * a l~)'""{'AiuiB , .&at-ion) (Special) (Appropriation) Ordinance (-Resolution) 
No J-0?' 73 on. the dav of 19 A3 . 

(SEAL) J i / 

/ tr (.U 



ATTgST; 


gtty^cl: 

Presented by me to the Mayor of the City of 




" PILE SID J MI *QF FI CER 


W2±2 


Jt 


a*tsL 


d ay ° f , 19 -Li, at the §§g§Ji; clock 


4 


_M. ,E.SoT. 



»,**>■*" 


Approved and signed by me this __ 
at the hour of -if. ^ o’clock 




CITY CLERK 


day of. i ^ 


197V? 


M. ,EoSoT« 



Bill No, S-73-01-19 

REPORT OF THE COMMITTEE ON PUBLIC WORKS 

We 3 your Committee on Public Works to whom was referred an Ordinance 

approving Agreement with NOBIS-WESTROPP CONST. CO, for 



installation of a sanitary sewer in the area of Lower 


Huntington and Winchester Roads. 

* 

r 


• 



have had said Ordinance under consideration and beg leave to report back to the Common 

, PASS . 

r\ 1/ t, 

HMj/ 


Council that said Ordinance 


James S. Stier - Chairman 


Eugene Kraus, Jr. - Vice-Chairman 


MS* 



JL. JL&dd^L h 


Samuel J. Talarico 



William T, Hinga 


LlLuL 




Vivian G. Schmidt 


_ zfdJL. 




DAT 



.ijh CONCURRED IN 

CHARLES W. WESTERMAN, CITY CLERK 


V ? 


I .. 1 


'CONTRACT AND BOND 


Sifts 


Made and entered into as of the day of 


.19 


by and between 


-NOBIS -WESTROPP CONSTRUCTION C0. 3 INC.- 


the County of Allen and State of Indiana, party of the first part, and the City of Fort Wayne, County of 
Allen, State of Indiana, by and through its Board of Public Works, party of the second part, under and by 
virtue of an Act of the General Assembly of the State of Indiana, entitled “ An act concerning municipal 
corporations,” approved March S, 1905, and the provisions of all acts amendatory thereto and supple- 
mental thereof. 

WITNESSETH, That the party of the first part covenants and agrees to construct __N _____ 

commencing at an existing structure on the St. Mary’s Interceptor, Resolution No. 214, 390 ± 
teet Northwest of- the Stellhorn Bridge on the West.., side, of the St. Mary's River and 650 * feet 
East of Winchester Road; thence, Southeasterly 12+ feet to a proposed manhole; thence, Westerly 
301 ± feet; thence, Southwesterly 455 -± feet to a proposed manhole, 7 ± feet West of the West 
right-of-way of Winchester- Road and 560 ± feet North of the Lower Huntington Road; thence, North- 
westerly, a distance of 101 ± feet; thence, Southwesterly 540 ± feet to a proposed ManhaLy.. No. 6, 
2/2 ± ' feet South of Che centerline of Lower Huntington Road and 338 ± feet West of the Northwest 
corner of Lot No. 7 in Boggs Orchard Terrace Addition; thence, Westerly in and along a proposed 
easement parallel to Lower Huntington Road a distance of 349 ± feet, terminating at a proposed 
manhole 32 ± feet South of the centerline of said road. 

Lateral A; 

Commencing at the above, mentioned proposed Manhole No. 6; thence, Southeasterly in and along a 
proposed, easement 338 ± feet to a point on Lot No. 7 of the above mentioned addition 7 ± feet 
Bast of the West property line; thence, Southwesterly in and along -a proposed easement and par- 
allel with the West property line of Lot No. 7 a distance of 196 - -feet to a point on the South 
line' of Lot No. 8 7 ± feet East of the West property line; thence. Southeasterly 460 ± - feet alon 
the South property line of Lot No. 8, terminating in Kinnerk Road 5 ± feet West of the lest prop- 
erty line of Lot No. 8, terminating in Kinnerk Road 5 ± feet West - of the West property line of 
Lot No. 33 in Allison’s Suburban Addition. 

Lateral B; „ 

Commencing at a proposed manhole 7 ± feet West of the West right-of-way of Winchester Road and 
560 | feet North of the intersection of Lower Huntington Road; thence, Southeasterly in and along 
a proposed easement a distance of 355 ± feet, terminating at a proposed manhole 7 * feet West of 
the West right-of-way of Winchester Road. 

;-:S-m-i'd sewers to be 8 and 12 inches in diameter. 


- ~ v 7 T j 7 "> 14 | 

The said party of the first part expressly agrees to make the improvements herein specified in strict 


accordance with the provisions of Sewer _ 


-Improvement Resolution No . 863 


and in accordance with the plans, profiles and specifications for the improvement on file in the office of the 
Department of Public Works of said city. The resolutions, profiles, plans, specifications and bids for 
work herein specified are hereby made a part of this contract as fully and effectually as if herein set out 

in full. 

The said party of the first part further agrees to do and perform all of said work to the entire satis- 


50 


..days after the 


faction of the Board of Public Works and to complete the same within _ . ^ 

date of Execution of this contract. To each of the conditions and stipulations of this contract the under- 
signed bind themselves, their successors and assigns. 


day of. 


IN WITNESS WHEREOF, We, the foregoing named parties hereunto set our hands this — 

Bscsfflbsr ; 19 72 ' ■ ■ m : ■ . T 


APPROVED as TO FORJ.IAJnO legauxt 

-H. 



This c° n t r ^|Nappro^^ by us this~ T 


NOBI S -W ESTRQ PP C O NSTRUC TION CO., IN C. 

BY : j k \ v j -- jOfcfe 

ITS : 7 

- Contractor, party of the first part. 

19 . 


day of. 


ata apj 1 




<7- 


A v- 


BOARD OF PUBLIC WORKS, 

Party of the second part. 



Mayor 


LIABILITY BOND 


SNOW ALL MEN BY THESE PRESENTS/ That waU—rzLATi-ACNi: — — 


-NOBIS -WESTROPP CONSTRUCTION CO., INC. 


. . , , FTTTFTTTY AND DEPOSIT COMPANY OF MARYLAND- 

as principal and.. — — ~ A-±^±±± 


as surety, are held and firmly bound to the City of Fort Wayne, Indiana, in the sum of JiIFTY_ THREE 
THOUSAND NINE HUNDRED TWENTY O NE DOLLARS AND SIXTY CENTS {? 


53,921.60 


-) 


for the payment of which well and truly to be made we jointly and severally bind ourselves, our heirs, 
executors, administrators and assigns firmly by these presents. 

TMS condition of the above obligations are such, that if the above named party of the first part shall 

/ ' 



faithfully comply with the foregoing contract made and entered into the 

Including the payment of vendors, -suppliers & sub-contractors bills L 

day of ___YY j /f 7 YL j with the City , of Fort Wayne, Indiana, and shall- faithfully: 

' fulfill all the conditions and stipulations therein contained, except the w.gfr«anty]and guaranty of the 
sewer as t<r the workmanship, material and conditions for the period dfSSSSsfe' (3) years, according to 
the true intent and meaning thereof in all respects, then this obligation to be void, otherwise to be and 
remain in full force and virtue in law and in the event the said City shall extend the time for the com- 
pletion of said work, such extension shall not in any way release the sureties on this bond. W > 3 


U} Witness our hands and seals this.. , .. 4^4 day of. 

-sNy 


December 


_19 


S \ FIDELITY' MD DEPOSIT COMPMY OF mBYLMD MORIS -WESTRO PP CONST., CO. 


INC. 


Surety 


iTi>' 



s , A-ttdrner7~jsi-F act 


. 


72 • 

(SEAL) 

(SEAL) 

(SEAL) 

(SEAL) 


Approved this.— 


day of_ 



.19 


/ Board of Public Works. _ , , . , „ , . 

The Contractor will furnish immediately a /certificate from the -Industrial Board of 
the State of Indiana, that he has complied with Sections 5, 68, 69 of the Workmen 
Compensation Act, approved March 14, 1929, in accordance with Section 14 of the 
Compensation Act (Acts 1929, pa^e 545, being Section 9459 of Burns Annotated Statutes 
Volume IV). (Section 40-1214 Burns Annotated 1952 Revision - Volume VIII). 

A copy of General Ordinance No. G-60-66, concerning discriminating in employment 
under municipal, contracts, is attached and incorporated herein by reference. 


GUARANTY BOND 


KNOW ALL MEN BY THESE PRESENTS, That we 
NOBIS -WESTROPP CONSTRUCTION CO., INC.. 


Contractors 


. I VTDFT.TTY AND DEPOSIT COMPANY OF MARYLAND- 

as principal 


as surety, are held and -firmly bound to the City of Fort' Wayne, Indiana, in the sum of 

■ THOUSAND NINE HUNDRED TWENTY ONE DOLLARS AND SIS&Y C ENTS-- <§___53, 32LAQ ) 

for the payment of which well and truly to be made we jointly and severally bind ourselves, our heirs, 
executors, administrators, and assigns firmly by these presents. 


The conditions of the above obligations are, that whereas the said.. 
NOBIS -WESTROPP CONSTRUCTIO N CO. , INC.- 


__day of_ 


..enter into a contract with the City 


did on the 

t Fort Wayne, Indiana, by and through its Board of Public Works, for the construction of a sewer in and 


ca 


along 


( FOR DESCRI PTI ON SEE PAGE l) 


according to certain plans and specifications, and also warranting and guaranteeing the work, material and 

conditions of the sewer as provided in the aforesaid contract, plans and specifications. ... . 


Now, if the 


..shall faithfully perform and fulfill all the requirements of said war- 


ranty and guaranty, and make all repairs required under said guarantee, and in the manner provided for, 
then this bond to be null and void otherwise to be in full force and effect. 


WITNESS our hands and seals this A?..^.. — day of.. 


December 


.19 


i 72 


FIDELITY MID DEPOSIT COMPANY OF MARYLAND 


NOBIS -WESTROPP CO NSTRUCTION CO . ,INC.fflEAIfi 



(SEAL) 


DEPARTMENT OF PUBLIC WORKS 

OFFICE OF THE BOARD 
CITY HALL 


To "Whom It May Concern; 


Fort Wayne, 'Ind.,_ 


-19 


The time in which to complete the within contract is hereby extended by the Board of Public 
Works of the City of Fort Wayne, Indiana, until - 


Board of Public Works. 


DEPARTMENT OF PUBLIC WORKS 

OFFICE C/F THE BOARD 
CITY HALL 


T<© Whom 14 May Concern: 




*. • o ; ; -L* "•* 5 H y , >io .. 

Fort Wayne, lad.. 


-19 


The time in which to complete the within contract is hereby extended by the Board of Public 
Works of the City of Fort Wayne, Indiana, until 


Board of Public Works. 
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, * Power of Attorney 

FIDELITY AND DEPOSIT COMPANY OF MARYLAND 

HOME OFFICE: BALTIMORE, MD. 

Know All Men By These Presents : That the Fidelity and Deposit Company of Maryland, a corpora- 
tion of the State of Maryland, by S. R. MINSKER , Vice-President, and V. P „ TOOMEY , 

Assistant Secretary, in pursuance of authority granted by Article VI, section 2, oi the By-Laws of said Com- 
pany, which reads as follows: 

■ "The President, or any one of the Executive Vice-Presidents, or any one of the additional Vice-Presidents specially authorized 
so to', do by the Board of Directors or by the Executive Committee, shall have power, by and with the concurrence of the Sec- 
retary or. any one of the Assistant Secretaries, to appoint Resident Vice-Presidents, Resident Assistant Secretaries and Attorneys- 
in-Fact "as the business of the Company may require, or to authorize any person or persons to execute on behalf of the Company any 
bonds, undertakings., recognizances, stipulations, policies, contracts, agreements, deeds, and releases and assignments of judgments, 
decrees, mortgages and instruments in the nature of mortgages, and also all other instruments and documents which the business of 
the Company may require, and to affix the seal of the Company thereto.” 

does hereby nominate, constitute and appoint Walter H. Lupke, Jr . , Duane E. Lupke, Donald 
L-.- Qoffey , Marcus G. Knoblauch, Gerald Clancy, Bernice Chaffin and Walter E. 
Boose, all .of Fort Wayne ^.Indiana , EACH . 

its true and. lawful agent and Attorney-in-Fact, to make, execute, seal and deliver, for., and on its behalf as 

surety, and as its act and deed : any and all bonds and undertakings, 



ind the execution of such bonds or undertakings in pursuance of these presents, shall be as binding upon said 
Company, as fully and amply, to all intents and purposes, as If they had been duly executed and acknowledged 
by the regularly elected officers of the Company at its office in Baltimore, Md., in their own proper persons. 
This power of attorney revokes that issued on behalf of Walter H„ Lupke, Jr., 
etal, dated March 20, 1972. 


The said Assistant Secretary does hereby certify that the aforegoing is a true copy of Article VI, Section 2, of the By-Laws of 
said Company, and is now in force. 

Witness Whereof, the said Vice-President and Assistant Secretary have hereunto subscribed 
^L'.'ftheiBnffces and affixed the Corporate Seal of the said Fidelity and Deposit Company of Maryland, this 
”* 1'0’th .....day of ___.Aug.US.t A‘.T>. 19.....7.2. 


. ATpest V , 1 - 


FIDELITY AND DEPOSIT COMPANY OF MARYLAND 


A 


} ss: 


(Signed) I S 

b/ivw.W • y,-F. TOO MEY By _ ( S.- S. MINSKE R 

(SealVY Y Assistant Secretary Vice-President 

i '( StatA of- Maryland 
. jSiTY of’ Baltimore 

On this 10th day of August , A.D. 19 72 , before the subscriber, a Notary Public of the State of 

Maryland, in and for the City of Baltimore, duly commissioned and qualified, came the above-named Vice-President and Assistant 
Secretary of the Fidelity and Deposit Company of Maryland, to me personally known to be the individuals and officers described 
in and who executed the preceding instrument, and they each acknowledged the execution of the same, and being by me duly sworn, 
severally and each for himself deposeth and saith, that they are the said officers of the Company aforesaid, and that the seal affixed 
to the preceding instrument is the Corporate Seal of said Company, and that the said Corporate Seal and their signatures as such 
officers were duly affixed and subscribed to the said instrument by the authority and direction of the said Corporation. 

In Testimony Whereof, I have hereunto set my hand and affixed my Official Seal, at the City of Baltimore, the day and year 
first above written. 


(Signed) 

(Seal) 


ELEN OR K. MITCHELL ; , 

Notary Public Commission Expires-eLV-kZ.. 


CERTIFICATE 

I , the undersigned, Assistant Secretary of the Fidelity and Deposit Company of Maryland, do hereby certify that the original 
Power of Attorney of which the foregoing is a full, true and correct copy, is in full force and effect on the date of this certificate; and I 
do further certify that the Vice-President who executed the said Power of Attorney was one of the additional Vice-Presidents spe- 
cially authorized by the Board of Directors to appoint any Attorney-in-Fact as provided in Article VI, Section 2 of the By-Laws of 
the Fidelity and Deposit Company of Maryland. 

This Certificate may be signed by facsimile under and by authority of the following resolution of the Board of Directors of the 
Fidelity and Deposit Company of Maryland at a meeting duly called and held on the 16th day p£Bulv;T$o9.) t 

Resolved: "That the facsimile or mechanically reproduced signature of Assistant-. .‘SwswKfrw-VtPifttft Mr- 
made heretofore or hereafter, wherever appearing upon a certified copy .of any 
valid and binding upon the Company with the same force and effect as though 

In Testimony Whereof, I have hereunto subscribed my name and affixed the corporateWa! of the-’^aid Company, this 

13th day of ggggfffgf. ., i9 72 ... S U IVK ' 

w - x -y ! 




T IdlQ — Cff. 


bfir Assistant Secretary 


PROJECT WINCHESTER - LOWER HUNTINGTON ROAD SANITARY SEWER, RESOLUTION 

NO. 863 


CONTRACTOR 

EQUAL EMPLOYMENT OPPORTUNITY STATEMENT 

N CN-C OLLUS I ON AFFIDAVIT 

BID BOND 

FINANCIAL STATEMENT 


tfobis-WestroDP Const. Co. 

Earth Const. & Enc. , 


X 

None 


X 

X 


X 

(57o) Not Standard 1 


Ce 

rt. 


Cert. 


DESCRIPTION 

UNITS 

U.P. 

EXTENSION 

U.P. ' 

EXTENSION 

U.P. 

EXTENSIO. 

1 

8" Pipe Sewer RCP Cl. IV 

355 ± L.F 



8.00 

2.840.00 

8.00 

2.840.00 

3 

12" Pipe Sewer RCP Cl. IV & V 

2,669 ± L.F 



10.90 

29.092.10 ! 

12.00 

32.028.00 

14 

Standard Concrete Manhole Ty IV-48" 

13 ± Ea. 



490.00 

■ 6,370.00 

460.00 

5,980.00 

24 

Asphalt Pavement Over Stone Base 

9 ± S.Y 



20.00 

180.00 

7.00 

63.00 

23 

Crushed Stone Pavement & Driveways 

185 ± S.Y 



2.00 

2ZOJ2Q 

LJIQ 


27 

Special Gravel Backfill 

58 ± C.Y 



4.00 

232.00 

5.00 

2££L£tQ. 

28 

12" R.C.P. Class V in Liner 

50 ± L.F 



120.00 

6.000.00 

45.00 

2.250.00 

29 

Seeding 

5.026 ± S.Y 



1.00 

5.026.00 

1.50 

7.5,39.00 

30 

#53 Stone Backfill 

213 ± C.Y 



5.50 

1,171.50 

(LUO 

._1 > 2.Z8 J J0.Q.. 

31 

6" T or Y Tap (Include Permit} 

12 ± Ea. 



220.0.0 

2,640.00 

200.00 

2.400.00 










i 




Engr's Est. 





\ 

Contractors Total Bid 



53,465.70 


53,921.60 ) 


55,778.00 


Advertising Cost 



40.00 


40.00 


40.00 


Highway Permits 



20.00 


20.00 


20.00 


Inspection & Engineering 



7,000.00 


7,000.00 


7,000.00 

/V 

MU-SE TOTAL K 

Total Not Shown On Bid 

5TIMATE 


60.525.70 

TOTAL 

60.981.60 

TOTAL 

* 62.838.00 


T WINCHESTER - LOWER HUNTINGTON ROAD SANITARY SEWER, RESOLUTION* 

NO. 863 


DATE December 5, 1972 





Nobis-Westropp Const. Co. 

Earth Const. 6c Ene..Inc. 

John Dehner. Inc. 

Bercot . 

Inc . 

Hipskind Asph. Com. 

rLUYjyusJNT OPPORTUNITY STATEMENT 

X 

None 

X 

None 

None 

USION AFFIDAVIT ------------------------ 

X 

X 

X 

X 

X 


X 

(57o) Not Standard 10% 

X 

X 

X 

1. OJ.AirJYLEJ.’U - 




Cf 

2rt . 


Cert . 

Cert. 

Cert. 

Cert . 

PTION 

UNITS 

U.P. 

EXTENSION 

U.P. ' 

EXTENSION 

U.P. 

EXTENSION 

U.P. 

EXTENSION 

U.P. 

EXTENSION 

U.P. 

EXTENSION 

Sewer RCP Cl. IV 

355 ± L.F 



8.00 

2.840.00 

8.00 

2.840.00 

10.82 

3.841.10 

8.75 

3,106.25 

10.00 

3,550.00 

Sewer RCP Cl. IV & V 

2,669 ± L.F 



10.90 

29.092.10 

12.00 

32.028.00 

13.06 

34.857.14 

13.95 

37,232.55 

15.00 

40,035.00 

Concrete Manhole Ty IV-48" 

13 ± Ea. 



490.00 

1 6,370.00 

'460.00 

5,980.00 

513.00 

6,669.00 

1 517.30 

6.724.90 

500 00 

6 500 00 

Pavement Over Stone Base 

9 ± S.Y 



20.00 

180.00 

7.00 

63.00 

5.00 

45.00 

9.00 

81.00 

25.00 

225.00 

Stone Pavement & Driveways 

185 ± S.Y 



2.00 

370.00 

6_JXL 

1.110.00 

1 .50 

277.50 

3.00 

555.00 

4.00 

740.00 

Sravel Backfill 

58 ± C.Y 



4.00 

232.00 

5.00 

290.00 

3.90 

226 . 20 

4.95 

287 . 10 

5 00 

290 00 

P. Class V in Liner 

50 ± L.F 



120.00 

6.000.00 

45.00 

2.250.00 

85.00 

4.250.00 

65.00 

3,250.00 

100 00 

5 000 00 


5.026 ± S.Y 



1.00 

5.026.00 

L^Q 

7.539.00 

.95 

4,774.70 

.60 

3,015.60 

. 70 

3 518 20 

; Backfill 

213 ± C.Y 



5.50 

1-171 .50 

6.QQ 

1,278.00 

7.50 

1,597 50 

5.95 

1,267.35 

10 00 

2 130 00 

f Tap (Include Permitl 

12 ± Ea. 



220.00 

-.-2,640.00 

200.00 

2,400.00 

190.00 

2.280.00 

295.00 

3,540.00 

150.00 

1,800 . 00 


















Ener's Est. 











:ors Total Bid 



53,465.70 


53,921.60 ) 


55,778.00 


58.818.14 


59,059.75 


63,788.20 

sing Cost 



40.00 


40.00 


40.00 


40.00 


40.00 


40 00 

Permits 



20.00 


20.00 


20.00 


20.00 


20.00 


20.00 

.on & Engineering 



7 r 000 . 00 


_ 7,000.00 


7-,HQfL 00 .... 


. 7,ono. oo 


7,000.00 


7,000.00 

TOTAL ESTIMATE 

t Shown On Bid 

60.525.70 

TOTAL 

60.981,60 

TOTAL 

* 

62.838.00 

TOTAL 

65.878.14 

TOTAL 

6 

6,119.75 

TOTAL 

* 70,848.20 


Aumii, jt\ pjjx'o 

DIGEST SHEET 

TITLE OF ORDINANCE Special Ordinance # 3038 

DEPARTMENT REQUESTING ORDINANCE Board of Public Works 

SYNOPSIS OF ORDINANCE Contract with Nobis-Westropp Construction Co. for 

sanitary sewers in area of Lower Huntington and Winchester Roads. The total contract 
price is $53,921.60 with the City share being approximately $33,310.00. The balance 

to be assessed to the property owners. 





iCT OF PASSAGE Making of City sewers available to people in above 


areas . 


brifiCf Ox 1 NON -PASSAGE This project has been confirmed by Public Hearing. 
Much engineering time, advertising , contractors bid figuring would have been wasted. 


MONEY INVOLVED (Direct Costs, Expenditures, Savings) cost to city utilities 

of approximately $33,310. QQ. 


ASSIGNED TO COMMITTEE (J.N.) 


ORBimiOE CHECK-OFF SHEET 


lEFOBmTIOH REGiffiDIIG ORDINANCE ’ GOHTE1TS OF OKDIMHGE 




